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Message Text 

UNCLASSIFIED 

PAGE 01 BUENOS 01054 0921 10Z 
ACTION ARA-10 

INFO OCT-01 ISO-OO EB-08 /019W 

100200Z 115063/64 

R 091420Z FEB 77 
FM AMEMBASSY BUENOS AIRES 
TO USDOC WASHDC 
INFO SECSTATE WASHDC 8996 

UNCLAS BUENOS AIRES 1054 

E.O. 11652: N/A 

TAGS: BEXP, BENC, PA, AR 

SUBJECT: MAJOR PROJECT: CIVIL WORKS CONTRACT FOR YACIRETA- 
APIPE HYDROELECTRIC PROJECT 

REF: STATE 018588; BUENOS AIRES 3020 

1 . REGRET CONFUSION. THE PREQUALIFICATION EXCERCISE 
REFERRED TO IN BA-8020 IS FOR FIRMS WITH A CONSTRUCTION 
REPT CONSTRUCTION CAPABILITY, AS THEY ARE QUALIFYING 
FOR CIVIL WORKS CONTRACT. OUR REFERENCE TO "ENGINEERING" 
INACCURATE. 

2. THERE WILL BE A CALL FOR BIDS BY CONSULTING ENGINEERS 
FOR THE PROJECT SUPERVISION PHASE. IT IS NOT EXPECTED, 

HOWEVER, UNTIL MID 1977 AT THE EARLIEST. 

3. AS BEST WE CAN DETERMINE THEN, THE CURRENT SCHEDULING 
OF FORTHCOMING BID CONTESTS FOR YACIRETA IS AS FOLLOWS: 

CALL FOR BIDS FOR TURBOGENERATOR GROUPS: MID CY-1977. 

OPENING OF PREQUALIFICATION BIDS FOR CIVIL WORKS 
CONSTRUCTION; 3RD. QUARTER 1977. 

CALL FOR BIDS FOR CIVIL WORKS: 4TH QUARTER 1977. 

CALL FOR BIDS FOR CONSTRUCTION SUPERVISION: MID CY-1977. 

4. THESE DATES ARE ALL SUBJECT TO CHANGE, NATURALLY. 

UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 BUENOS 01054 0921 10Z 

YACIRETA'S SCHEDULE HAS BEEN SLIPPING FOR SOME 
TIME AND IS LIKELY TO CONTINUE TO SLIP. 

HILL 


UNCLASSIFIED 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 -Jan-1 994 12:00:00 am 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Sent Date: 09-Feb-1977 12:00:00 am 
Decaption Date: 01 -Jan-1 960 12:00:00 am 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 -Jan-1 960 12:00:00 am 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1977BUENOS01054 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Expiration: 

Film Number: D770047-0157 

Format: TEL 

From: BUENOS AIRES 

Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1977/newtext/t19770260/aaaacatd.tel 

Line Count: 58 
Litigation Code IDs: 

Litigation Codes: 

Litigation History: 

Locator: TEXT ON-LINE, ON MICROFILM 

Message ID: db9facc9-c288-dd1 1-92da-001cc4696bcc 

Office: ACTION ARA 

Original Classification: UNCLASSIFIED 

Original Handling Restrictions: n/a 

Original Previous Classification: n/a 

Original Previous Handling Restrictions: n/a 

Page Count: 2 

Previous Channel Indicators: n/a 

Previous Classification: n/a 

Previous Handling Restrictions: n/a 

Reference: 77 STATE 18588, 77 BUENOS AIRES 3020 

Retention: 0 

Review Action: RELEASED, APPROVED 
Review Content Flags: 

Review Date: 27-Oct-2004 12:00:00 am 
Review Event: 

Review Exemptions: n/a 
Review Media Identifier: 

Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
SAS ID: 3372610 
Secure: OPEN 
Status: NATIVE 

Subject: MAJOR PROJECT: CIVIL WORKS CONTRACT FOR YACIRETA- APIPE HYDROELECTRIC PROJECT 
TAGS: BEXP, BENC, PA, AR 
To: COM 
Type: TE 

vdkvgwkey: odbc://SAS/SAS.dbo.SAS_Docs/db9facc9-c288-dd1 1-92da-001cc4696bcc 
Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
22 May 2009 

Markings: Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 22 May 2009 


Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 22 May 2009 



